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SCREDULE 


SECTION A - STA OF 


Hycon shall supply the necessery qualified personnel, facilities and 
material, and shall use its best efforts to perform a product improvement 
program on the 73-C Configuretion. These services shall include, but not 
necessarily be Limited to, the following: 


1, Engineering studies, designe, fabrication and sseembly of parts, 
components, and sesemblies, and ground and flight tests as outlined 
in the technical description (Exhibit "B") attached to Hycon's 
proposal to Perkin-Elmer dated June 3, 1958. 


2, Engineering conferences at Hycon's plant or such other locations as 
may be designated by Perkin-Eiser. 


SECTION B - DELIVERY 


The work called for in Section A shell be completed by July 31, 1958. 
Informal reports shell be furnished upon request of Perkin-Zimer. 


SECTION C ~ ESTIMATED COST 


The estimated cost for this contract, exclusive of Fixed Fee, 25X11 
SECTION D - FIXED FRE 
The Fined Fee for thie contract is is. 25x1 


ee 


SECTION E - PAYMENTS 


In accordance with the provisions of Clause 4 of the General Provisions, 
Perkin-Elmer shall pay Hycon as full compensation for the performance of this 
eontrect the Fixed Fee as specified tn Section D above and the allowable costs 
incurred by Hycon in the performance of this contract, and eccepted by Perkin- 
Elmer as chargeable in accordance with "Contract Cost Principlas, Section XV, 
Part 2, Armed Services Procurement Regulations. It being understood and 
agreed, without limiting the generality of the foregoing, that the following 
shall be considered as allowable items of cost hereunder when incurred or paid 
by Hycon, and when necessary and required and used for the perforssnce of work 
hereunder: 


1. Expenditures by Hycon for transportation of personnel directly an- 
gaged in the performance of work hereunder, plus ryeasonable actual 
subsistence expenses. 


2, Premium portion of overtime wages. Such overtime will be kept to s 
minimum consistent with the over-all objectives of the program. 


3, All costes which have been incurred by Hycon on or after May 23, 1958, 
im anticipstion of and prior to the signing of this contract, and 
which, if incurred after the signing of this contract would have been 
considered aa allowable items of cost hereunder, will be accepted by 
Perkin-Elmer as costs under this contract. 


(iii) 
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SECTION EB - PAYMENTS (continued) 


The Fixed Fee shali be paid in monthly installments, based on allowable 
coats incurred by Hycon and approved by Ferkin-Elmer, computed at the same 
ratio that the total Fixed Fee stated herein is to the total Estimated Cost 
stated herein, subject, however, to the withholding provisions of paragraph (c) 
of Clause 4 of the General Provisions. 


1, The following listed Government Property will be furnished for modifi- 
cation and/or use by Bycon in the performance of this contract: 


a. One (1) Configuration C, Serial No. 4, less optical structure 
and optics, 


b. Two (2) 300" Collimators with containers. 
c. One (1) set Configuration C optica and optical structure. 


d. One (1) Hand Control, Mark I, to be compatible with 73-C 
Configuration, 


2. It fe understood end agreed that Bycon, for the purpose of this con- 
tract only, is sllowed the no-cost use on a noninterference basis of 
the Government-owned tooling and test equipment furnished on Purchase 
Order No. 36207 and Contract BC-200. 


3, t is understood and agreed that Hycon, for the purpose of this con- 
tract only, is allowed the no-cost use on a noninterference basis of 
Government-owned aircraft (including pilots, maintenance, fuel end oil), 
the use of a test site or sites, and the use of test site personnel 
being provided by Hycon on another contract for the purpose of conduct~ 
ing flight tests necessary in the performance of this contract. 


SECTION G - 


The period as contemplated by Clause 30 of the General Provisions shall 
extend from 1 February 1958 to 31 January 1959, pending establishment of final 
everhesd rates in accordance with Clause 30. Payment on account of all over- 
head will be made on the basis of billing rates approved by Perkin-Elmer. 


Hycon shall not reveal (i) the specific nature or any details of the work 
being performed hereunder, or (ii) any information whatsoever with respect to 
the department of the Government sponsoring thie contract end the work there- 
under, except as Rycon is directed or permitted to reveal such information and 
notwithstanding any clause or section of this contract to the contrary. Hycon 
shall not interpret any clause or section of thia contract as requiring or per- 
mitting divulgenca of such information to any person, public or private, or to 
any officer or department of the Government without the express consent of 
Perkin-Elmer. 


Notwithstanding the requirements of any of the General Provisions of this 
contract to the contrary, whenscever Hycon, in performance of the work under 
(iv) 
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this contract, shall find that the requirements of any of the clauses of the 
General Provisions are in conflict with security instructions issued to Hycon 
by Perkin-Eluer or ite duly authorized representative for security matters, 
Hycon shall call the attention of Perkin-Elmer to such conflict and Perkin- 
Elmer or its duly authorised representative for security matters shall (1) 
medify or rescind such security requirements, or {ii} Perkin-Elmer shall 

issue to Hycon a waiver of compliance with the requirements of the General 
Provisions conflicting with such security requirements. Any waiver of com 
pliance with the General Provisions of this contract issued by Perkin-Elmer 
will be in writing, except that the spproval by Perkin-Elmer of any subcontract 
issued hereunder by Hycon shell be deemed to constitute approval of waiver of 
any clauses of the General Provisions in conflict with the stipulations of such 
subcontract, 


(v) 
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